UNIT  CONSTBUCTION  COSTS
Culvert No. 1
1565
Account 7311—Culvert No. 1 Masonry.
This was a stone culvert 534 ft. long, with inside dimensions 4 ft. by 4 ft. The top was built of old 50-lb. rails at $15 a ton, spaced 8-in. centers and rendered tight with stones set with cement mortar in between rails. There is 20 ft. or more fill over the culvert at various points. The stones laid in cement mortar for the sides and bottom were obtained on the site.
Retaining "Walls
Account 7312—Excavation.
This was a long narrow cut through fill, earth, and sand and gravel. It was taken out with picks and shovels and transported 200 ft. with slips.
Account 7312.1—Concrete.
The concrete covered by this account was a wall of gravity section, 8 in. at the top, of various heights and 80 ft. long. The mixture used was 7 parts sand and gravel to 1 part cement, wheeled 50 ft. Half of the yardage was hand mixed and half machine mixed.
Account 7312.20—Masonry.
This wall was built of stone which was gandy to the site and was laid in cement mortar. The wall was 124 ft. long, 12 in. to 18 in. thick and from 2 to 5 ft. high.
40-Ton Track Scales on Calcine Track
Account 7313—Excavation.
The excavation here covered was a small rectangular cut through tight, red soil, filled with large stones. It was picked, shoveled and wheeled in barrows 50 ft.
Account 7313.I—Foundation.
The concrete under this account was small walls about 30 ft. by 5 ft. by 22 in. and a 10-in. slab. It was mixed 7 parts sand and gravel to 1 cement by hand and wheeled 25 ft. to place. About twenty-six f-in. bolts were set in the concrete. Eighty-five per cent, of tho vertical surface of this concrete was formed. (See Fig. 9.)
Account 7313.20—Cost and Erection.
This account covers the cost of the material and its erection of one 40-ton track scale. The scale platform is 24 ft. long with one 4-ft. 8|-in. track passing over it. It has a typo registering beam. Tho scales were furnished by Fairbanks Morse Co. Itemized, the material accounts stand as follows: 7 parts sand and gravel and 1 part cement, mixed by hand and by machine and wheeled 45 ft. to place. Ninety per cent, of the vertical and inclined surfaces were formed.
